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Message Text 


UNCLASSIFIED 

PAGE 01 HONG K 12674 180246Z 
61 

ACTION ORM-03 

INFO OCT-01 EA-11 ISO-OO SR-02 /017W 

026980 

R 170950Z DEC 73 
FM AMCONSUL HONG KONG 
TO SECSTATE WASHDC 9025 

UNCLAS HONG KONG 12674 

FOR S/R: ORM 

E.O. 11652: N/A 
TAGS: SREF 

SUBJECT: FERP - EXTENSION OF CONTRACTS 
REF: A-HONG KONG 12386; B STATE 243988 

1. REF A PROVIDED OUR MOST REALISTIC APPRAISAL OF AMOUNT OF 
TIME REQUIRED TO COMPLETE CONTRACTS 897 AND 900, BOTH OF WHICH 
HAVE BEEN DELAYED BECAUSE OF DIFFICULTIES IN OBTAINING FINAL 
HK GOVERNMENT APPROVAL. WE SEE NO POSSIBILITY THAT EITHER 
CONSTRUCTION COULD BE COMPLETED PRIOR TO JUNE 30, 1974. 

2. IF DEPARTMENT AUTHORIZATION FOR EXTENSION TO DECEMBER 31. 1974 
NOT RECEIVED PRIOR TO CONTRACT EXPIRATION, WE WILL EXTEND FOR 
SIX-MONTH PERIOD. WE ARE CERTAIN, HOWEVER, THAT THIS WILL ONLY 
CAUSE AN ADDITIONAL EXTENSION OF BOTH CONTRACTS IN JUNE. 

OSBORN 


UNCLASSIFIED 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: REFUGEES, CONSTRUCTION, CONTRACTS 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 17 DEC 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973HONGK12674 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: HONG KONG 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t1 9731 221 /aaaaapkt. tel 

Line Count: 43 
Locator: TEXT ON-LINE 
Office: ACTION ORM 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 

Reference: A-HONG KONG 12386; B-STATE 243988 

Review Action: RELEASED, APPROVED 

Review Authority: kelleywO 

Review Comment: n/a 

Review Content Flags: 

Review Date: 05 OCT 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <05-0ct-2001 by damankm0>; APPROVED <19 MAR 2002 by kelleyw0> 

Review Markings: 
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US Department of State 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: FERP - EXTENSION OF CONTRACTS 
TAGS: SREF, HK 
To: STATE 
Type: TE 
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